FW: ETA for Ave. 59 Mosaic 


Subject: FW: ETA for Ave. 59 Mosaic 
From: Arturo <arturo@lani.org> 

Date: 03/14/2018 01:48 PM 

To: Misty Iwatsu <mistyli@aol.com> 

Hi Misty, 

Just want to keep you in the loop. I have been giving an update to owner of Kitchen Mouse and CD1. I also 
attached the revised construction schedule for Axiom; it notes when the mosaics will be installed. 

Thanks ! 

- Arturo 

From: Arturo 

Sent: Wednesday, March 14, 2018 1:47 PM 
To: 'Jennifer Daking 1 <jen@kitchenmousela.com> 

Cc: Bill Cody <bill.cody@lacity.org> 

Subject: RE: ETA for Ave. 59 Mosaic 

Hi Jennifer, 

Great to hear. I have a quick update. 

Construction should commence on Avenue 59 from 3/19/18 to 3/21/18/. The installation of the mosaics will 
follow. I believe the mosaic to be installed near your location is the Historic Trolley mosaic attached. 

Thanks, 

Arturo 

Arturo Nevarez 

Program Manager 

800 S. Figueroa Street, suite 970 

Los Angeles, CA 90017 

Tel: 213-627-1688 Ext.17 

Fax: 213-627-1821 


From: Jennifer Daking < ien@kitchenmousela.com > 

Sent: Monday, March 12, 2018 11:55 AMf 
To: Arturo < arturo@lani.orq > 

Cc: Bill Cody < bill.codv@lacitv.org > 

Subject: Re: ETA for Ave. 59 Mosaic 

We are excited to see the design for the mosaic! 

On Mon, Mar 12, 2018 at 11:43 AM, Arturo < artu ro@lani.org > wrote: 

Your welcome. 

- Arturo 

From: Jennifer Daking < ien@kitchenmousela.com > 

Sent: Monday, March 12, 2018 11:40 AM 

To: Arturo < arturo@lani.orq > 

Cc: Bill Cody < bill.codv@lacitv.org > 

Subject: Re: ETA for Ave. 59 Mosaic 

Okay, thank you. 
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FW: ETA for Ave. 59 Mosaic 


Jennifer Daking 

On Mar 12, 2018, at 10:50 AM, Arturo < arturo@lani.orq > wrote: 

Good Morning, 

The demo and concrete pour on Ave 59 should take place on March 19 and March 20. 
Thanks 

From: Jennifer Daking < ien@kitchenmousela.com > 

Sent: Saturday, March 10, 2018 8:12 AM 
To: Arturo < arturo@lani.orq > 

Cc: Bill Cody < bill.codv@lacitv.orq > 

Subject: Re: ETA for Ave. 59 Mosaic 

Thank you! Do you have an eta for the side walk replacement? 

Jennifer Daking 

On Mar 9, 2018, at 4:06 PM, Arturo < arturo@lani.orq > wrote: 

Hi Jennifer, 

I just learned that Axiom Group will be installing the Mosaics the week of March 
26 th . 


Thanks 

From: Bill Cody < bill.cod v@lacitv.orq > 

Sent: Thursday, March 8, 2018 9:14 PM 

To: Logan Nater < lnater@biqbellv.com >: Rodolfo Martell 

< rodolfo. martell@lacitv.org >: Sunil Rajpal < sunil.raipal@lacitv.orq >: "Esteban Torres 
( axiomcm.com) "@ lacitv.orq: ien@kitchenmousela.com: Arturo < arturo@lani.org > 
Subject: ETA for Ave. 59 Mosaic 


Hi Arturo and gang, 

Can you please let Jennifer from Kitchen Mouse know when the Mosaic on Ave. 59 is 
going in? I have copied her on this e-mail. 

Thanks, 

Bill Cody 

Field Deputy CD1 - Highland Park and Mt. Washington 
bill .cody(5>lacity.org 

323 - 558-1538 


—Attachments: 


Highland Park Improvement Project Revised Schedule 3.9.18.pdf 


138 KB 
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